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ACTION FBOE-00 
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R231935Z JAN 76 
FM AMEMBASSY BRASILIA 
TO SECSTATE WASHDC 3500 

UNCLAS BRASILIA 0642 
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E.O. 11652: N/A 
TAGS: ABLD, BR 

SUBJECT: EMERGENCY POWER FOR EXISTING BUILDING CONTRACT 
NO. 3106-321299 PROPERTY NO. 61106-B 

REE: BRASILIA 0196, STATE 01485 

1. SKETCHES SUBMITTED TO CONTRACTOR WERE FOR THE MODIFICATIONS 

TO THE GENERATOR VAULT AREA AND DID NOT INDICATE POWER TO EXISTING 
BUILDING. THE CONTRACTORS PROPOSAL OF APRIL 18, 1974 (CHANGE ORDER 
NO. 9) IS AS FOLLOWS: 

A. DEMOLITION OF CONCRETE WALLS 

B. NEW MASONRY WALL 

C. FINISHES 

2. SINCE THE DISTANCE FROM THE GENERATOR VAULT IN THE NEW OBX TO 
THE TRANSFER SWITCH IN THE EXISTING BUILDING IS APPROXIMATELY 
140 METERS, THE PROJECT SUPERVISOR IS OF THE OPINIO THAT SUBJECT 
GENERATOR SHOULD BE LOCATED AS CLOSE TO THE EXISTING BUILDING 
AS POSSIBLE AND BE CONTROLLED FROM THE SUBJECT BUILDING. 

3. PLEASE ADVISE OF THE DEPARTMENT'S DECISION IN THIS MATTER. 
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